TOWN OF ARLINGTON 
MINUTES OF THE PERMANENT TOWN 
BUILDING COMMITTEE MEETING 


Date: October 29, 2019 
Time: 7:00 PM 

Location: Town Hall Annex, Second Floor Meeting Room 


Minutes 

Attendance: Jim Feeney, Allen Reedy, Bob Jefferson, John Maher, Bill Hayner, 

Peter Martini. (Absent: Michael Mason, Adam Chapdelaine, 

Brett Lambert) 

The Chairman called the meeting to order at 7 PM. 

1. On a motion by Jefferson seconded by Hayner the minutes of the September 
10, 2019 were unanimously approved. 

2. DPW Yard. On motions by Jefferson seconded by Hayner the following 
invoices were unanimously approved: Weston and Sampson—$38,516.75; 
KVA-$1360; $3145; and $6325 for August, September and October 
respectively. 

3. Stratton School. On a motion by Martini seconded by Jefferson an invoice 
from Red Threads for 40 chairs was approved with all except Maher in favor 
who objected to the lateness of the request given that the project has long 
since been completed. Maher then moved that the project be closed out with 
Hayner seconding but said motion was defeated with Maher and Hayner 
voting in favor and Feeney, Reedy, Martini and Jefferson opposed. 

The meeting adjourned by unanimous vote on a motion by Hayner seconded by Martini 

at 7:35. 


Respectfully submitted, 
John F. Maher, Clerk 



